FIRST  ASTBniAL  REPORT 

OF  THE  DIRECTORS  OF  THE 

West  Chester  Rail  Road  Company. 


The  Directors  of  the  West  Chester  Rail  Road  Company,  in  obe¬ 
dience  to  the  injunction  of  the  9th  section  of  the  Act,  authorizing 
the  governor  to  incorporate  said  company,  submit  to  the  Stockhold¬ 
ers  the  following  statement  of  the  affairs  and  proceedings  of  the 
Corporation,  for  the  past  year.  It  will  be  recollected,  that  the 
Preliminary  Survey  for  the  West  Chester  Rail  road  was  made  in 
the  month  of  December,  1830.  The  report  of  the  Engineer  having 
shown  the  route  to  be  a  favorable  one,  application  was  immediately 
made  to  the  Legislature  for  an  Act  of  Incorporation,  which  was 
passed  and  approved,  on  the  18th  day  of  February,  1831. 

The  Commissioners  appointed,  by  the  Act,  to  receive  subscrip¬ 
tions  of  Stock,  proceeded  as  therein  directed  : — Books  were  open¬ 
ed,  or.  the  22d  day  of  March,  in  the  borough  of  West  Chester,  in 
the  city  of  Philadelphia,  and  at  the  Paoli ;  when  considerably 
more  than  twice  the  amount  of  stock  authorized  by  the  act,  was 
subscribed  on  the  first  day. 

The  books  were  thereupon  closed,  and  the  commissioners  pro¬ 
ceeded  to  reduce  the  subscription,  as  directed  in  the  second  sec¬ 
tion  of  the  act,  to  the  authorized  amount  of  two  thousand  shares. 
A  statement  of  the  proceedings,  duly  certified  by  the  commission¬ 
ers,  was  then  made  to  the  governor,  who,  by  letters  patent* 
dated  the  28th  day  of  March,  1831,  did  create  and  erect  the  stock¬ 
holders  into  a  body  corporate  and  politic,  in  deed  and  in  law,  by 
the  name,  style  and  title,  of ‘‘The  West  Chester  Rail  Road  Com¬ 
pany.” 

An  election  of  directors  was  held,  agreeably  to  the  provisions  of 
the  act,  on  the  25th  day  of  April ;  and,  on  the  3d  day  of  May,  the 
new  board  met,  organized,  and  prepared  for  active  operations. 
The  directors  consider  themselves  fortunate  in  having  been  ena¬ 
bled  to  obtain  the  services  of  Major  John  Wilson,  as  engineer  in 
chief,  and  those  of  John  P.  Baily,  Esqr.,  as  resident  engineer. 
The  scientific  reputation  of  the  former  gentleman  is  too  well  esta¬ 
blished  to  require  illustration  here ;  but  it  may  be  permitted,  as  an 
act  of  sheer  justice  to  Mr.  Baily,  on  this  occasion,  to  say,  that  his 
practical  skill,  devoted  attention,  and  fidelity  to  the  best  interests 
of  the  company,  have  commanded  the  unqualified  approbation  of 
the  board. 

The  final  location  of  the  route  of  the  rail  road,  was  commenced 
by  Mr.  Baily,  on  the  13th  day  of  May,  and  completed  on  the  23d 
of  the  same  month,  making  a  line  of  exactly  nine  miles ,  from  the 
borough  of  West  Chester  to  the  junction  with  the  Pennsylvania 
railway,  on  the  land  of  Samuel  P.  Levis,  in  the  township  of  Willis- 
town.  The  present  termination  of  the  road,  in  the  borough,  is 
upon  the  land  of  Robert  Matlack,  at  a  very  eligible  position  on  the 
summit  of  the  dividing  ridge,  between  the  tributaries  of  Chester 
Creek  and  the  Brandywine:  thus  leaving  it  in  the  power  of  the 
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company,  or  of  the  borough  authorities,  to  extend  branches  to  any 
part  of  the  town,  at  a  future  day,  if  it  shall  be  found  expedient  to 
do  so.  It  is  proposed  by'  Mr.  Matlack  to  extend  and  open  Chesnut 
street,  eastward,  to  the  Boot  road ;  and  also  to  open  a  new  street, 
at  right  angles  with  Chesnut  street,  intersecting  Chesnut  and  Gay 
streets,  so  as  to  afford  free  access  to  the  end  of  the  rail  road,  both 
on  the  western  and  southern  side  of  the  depot.  The  board  would 
do  injustice  to  their  own  feelings,  as  well  as  to  the  liberality  and 
public  spirit  of  Mr.  Matlack,  if  they  did  not  embrace  the  present 
opportunity  to  acknowledge  the  signal  obligations  which  that  gen¬ 
tleman  has  conferred  upon  the  company.  Not  only  did  he  set  the 
laudable  example  of  a  prompt  release,  to  the  company,  of  all  claims 
for  supposed  damages,  by  reason  of  the  passage  of  the  rail-road 
through  his  valuable  farm,  but,  with  a  spirit  worthy  of  the  occasion, 
he  granted,  free  of  cost,  half  an  acre  of  ground,  for  the  use  of  the 
company,  for  the  important  purpose  of  a  landing,  and  depot,  at  the 
termination  of  the  rail-road. 

The  whole  line  being  staked  off,  ready  for  contract,  it  was  let, 
in  sections  of  about  one  mile  each,  to  active  and  efficient  contrac¬ 
tors,  upon  terms  favorable  to  the  company,  (as  will  appear  by  the 
annexed  schedule,  marked  A.)  on  the  26th  day  of  May ;  and  the 
work  of  grading  and  road  formation  was  commenced,  upon  every 
section,  in  the  course  of  the  ensuing  month.  In  several  instances, 
the  contractors  were  actively  engaged  upon  their  respective  sec¬ 
tions,  in  one  week  after  the  letting. 

The  annexed  table  (marked  B.)  exhibits  the  amount  of  work 
done  upon  each  section,  on  the  2d  instant,  together  with  the  sums 
paid  for  the  same,  and  also  the  amount  of  work  yet  to  be  done,  with 
the  estimated  cost  thereof,  upon  those  sections  where  the  road  for¬ 
mation  is  still  unfinished.  From  that  table  it  will  appear,  that  sec¬ 
tions  5,  6,  7  &  8,  have  been  reported  by  the  engineer,  as  finished  ; 
that  sections  1  &  2  are  very  nearly  completed  ;  section  3  will  pro¬ 
bably  be  finished  in  the  course  of  the  present  month,  and  sections 
4  &  9  are  expected  to  be  ready  for  laying  the  rails,  in  all  the  month 
of  March  next.  The  same  table  also  shows  the  quantity  of  broken 
stone  delivered  on  the  road,  up  to  the  2d  inst.,  with  the  amount 
paid  for  the  same,  and  likewise  the  sums  paid  for  fencing,  damages 
on  account  of  crops  injured,  engineers’  salaries,  and  incidental  ex¬ 
penses. 

The  aggregate  sum  paid,  amounts  to  ....  g2S,947  76$ 

Amount  of  per  centage  retained,  on  the  unfinish¬ 
ed  sections,  and  for  broken  stone,  ....  3,708  26$ 

Whole  expenses  incurred, . g32,656  03 

Contracts  have  been  entered  into  for  all  the  broken  stone,  sleep-  i 
ers,  rails,  iron,  and  other  materials,  required  for  the  completion  of 
the  road,  with  a  single  track,  and  an  adequate  number  of  turn¬ 
outs.  The  contractors  are  now  actively  engaged  in  delivering  the 
stone  and  sleepers ;  and  the  directors  have,  as  yet,  no  reason  to 
doubt  the  faithful  performance  of  each  contract  in  due  time,  though 
the  unusual  severity  of  the  winter  has  retarded  the  delivery  of 
some  of  the  materials.  The  annexed  table,  (marked  C.)  affords  an  -i 
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exhibit  of  the  quantities,  and  estimated  cost  of  the  materials  re- 
quired  to  complete  the  road — as  also  an  estimate  of  the  cost  of 
laying  the  rails,  fencing  the  route,  and  other  incidental  expenses ; 


from  which  the  following  result  appears  : 

Amount  of  expenses  already  incurred,  ....  832,656  03 
Estimated  cost  of  grading,  yet  to  be  done,  .  .  .  „  5,211  92 

Estimated  cost  of  materials,  laying,  fencing,  &c.  45,235  43 


Total  estimated  cost  of  W.  C.  Rail-road,  883,103  38 

Add,  for  cars,  car-house,  toll-house,  and  incidental  * 

expenses,  . . *  ....  6,896  62 


Aggregate  expense  of  putting  the  road  in  operation,  890,000  00 

The  Treasurer’s  statement,  (marked  D.)  shows  that  five  instal¬ 
ments,  (of  5  dollars  each,)  on  each  share  of  the  capital  stock,  have 
been  called  in,  equal  to  850,000  :  that  33,361  dollars  have  been  re¬ 
ceived  by  him,  and  28,947  76^  have  been  paid  on  account  of  the 
work,  leaving  a  balance  of  84,413  23$  in  the  treasury  on  the  2d 
instant.  The  remaining  instalments  will  be  demanded  in  due 
season  to  meet  the  exigencies  of  the  service. 

It  will  be  observed,  that  the  directors  propose,  in  the  first  in¬ 
stance,  to  form  a  single  track  of  rail-way,  with  sufficient  turn-outs 
for  the  passage  of  cars — and  that  the  superstructure  be  of  wooden 
rails,  plated  with  iron,  and  laid  on  wooden  sleepers.  Many  con¬ 
siderations,  both  of  economy  and  expediency,  concurred  to  induce 
the  adoption  of  this  plan  ;  some  of  which  are  indicated  in  the  com¬ 
munication  of  the  principal  engineer,  hereto  annexed  (marked  E.) 
The  bed  of  the  road,  however,  is  prepared  for  two  tracks  ;  and 
whenever  it  shall  be  found  necessary  to  renew’  the  first  one,  or  to 
have  both  constructed,  (whether  of  wood,  or  more  durable  mate¬ 
rials)  the  company  will  not  only  possess  the  facilities  of  transporta¬ 
tion  afforded  by  the  first  track,  but  may  also  avail  themselves  of 
those  improvements ,  in  the  construction  of  rail-roads,  which,  in  the 
mean  time,  will  undoubtedly  be  introduced  by  scientific  ingenuity 
and  experience. 

The  directors,  at  an  early  period,  formed  the  resolution  to  have 
the  road  in  operation,  if  possible,  by  the  4th  day  of  July  next ;  and 
in  making  all  their  contracts  for  the  delivery  of  materials,  they 
have  kept  that  purpose  steadily  in  view.  They  have  yet  seen  no 
cause  to  doubt  the  practicability  of  accomplishing  the  work  by  that 
time,  provided  the  rails  and  iron  shall  be  furnished  according  to 
agreement.  A  failure  to  deliver,  in  due  season,  so  heavy  an  arti¬ 
cle  as  the  rails,  may  retard  the  completion  of  the  road  for  a  few 
weeks ;  but  the  board  have  assurances  from  the  contractor,  that  a 
i  considerable  portion  is  now  ready,  and  will  be  forwarded,  as  soon 
as  the  navigation  of  the  Delaware  shall  be  open.  The  iron  plating, 
for  the  rails,  was  ordered  in  good  time,and  is  daily  expected  to  arrive. 

Thus  it  will  appear,  as  the  board  trust  and  believe,  that  every 
exertion  has  been  used,  and  every  kind  of  forecast  resorted  to,  con¬ 
sistent  with  a  sound  economy,  to  expedite  the  final  completion  of 
the  West  Chester  rail-road :  and  the  directors  cannot  but  congratu- 
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late  themselves  and  the  stockholders,  on  the  prospect  of  having  ft 
valuable  . improvement  executed  in  the  most  eligible  manner— with 
unusual  promptitude-»and  at  a  less  cost  than  the  original  estimate. 

If  those  who  have  charge  of  the  interests  of  the  commonwealth, 
shall  urge  forward  the  work  on  the  Pennsylvania  rail-way,  so  as  to 
form  a  junction  with  the  West  Chester  rail-road,  by  the  time  the 
latter  is  completed,  and  thereby  furnish  a  continuous  track  to  the 
city  of  Philadelphia,  there  can  be  no  doubt  but  the  value  of  both 
improvements  will  be  speedily  demonstrated,  in  a  style  that  will 
at  once  gratify  and  surprise  their  most  sanguine  advocates.  The 
amount  of  business  which  would  immediately  be  thrown  upon  the 
Pennsylvania  rail-way,  from  the  West  Chester  road,  ought,  in  the 
opinion  of  the  board,  to  induce  the  most  strenuous  exertions  on 
the  part  of  the  officers  of  the  state,  to  complete  the  laying  of  the 
rails  from  the  city  to  the  intersection  of  the  West  Chester  rail¬ 
road.*  Such  an  event  would  not  only  prove  an  important  benefit 
to  this  town  and  district,  but  it  would  render  that  portion  of  the 
public  funds,  which  now  lies  worse  than  dormant  in  the  bed  of  the 
Pennsylvania  rail -way,  immediately  and  highly  productive  of  reve¬ 
nue  to  the  state.  The  directors  are  sanguine  in  the  hope,  that  the 
wisdom  of  the  legislature,  and  the  public  spirit  of  the  canal  com¬ 
missioners,  will  cause  those  obvious  advantages  to  be  secured, 
without  delay,  to  the  people  of  this  commonwealth. 

By  order  of  the  Board,  WM.  DARLINGTON,  President. 

Attest,  Wm.  Williamson,  Secretary. 

West  Chester ,  January  16,  1852. 

*  The  board  have  just  learnt,  with  great  satisfaction,  that  the  canal  com¬ 
missioners  have  resolved  to  place  the  laying  of  the  rails,  up  to  the  West 
Chester  road,  under  contract,  on  the  !5th  of  February. 

(  A)  Schedule  of  the  Letting  of  the  West  Chester  Rail  Road , 

May  %6th,  1831. 
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CONTRACTORS. 

< 
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Do. 

1  ■  ■ — r — i — ■ —  ■  ■ 

Hard  Pan  Do. 

Solid  Rock 
Do. 

Detached 
Rock  Do. 

i 

5 
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per  foot  lineal. 

Cts. 

Cts. 

Cts. 

Cts. 

Cts. 

Cts. 

1 

Reese  &  Carncross, 

8 

9 

20 

50 

35 

50 

2 

Hughes  &  Quinn, 

6 

9 

25 

-  40 

30 

45 

3 

Bernard  Flynn, 

8 

10 

14 

48 

18 

50 

4 

Thomas  Barr, 

7 

10 

20 

45 

32 

62| 

5 

Andrew  Boyle, 

8 

7 

I2f 

30 

10 

Eng.  Est, 

6 
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8 

9 

20 

47 

27 

50 
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Perry  &  Grennells, 

8 

8 

16 
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50 
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50 
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Phillip  Duffy. 
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50 

JVfcfe,— ' Tho  Grubbing  was  paid  ftr,  on  tho  estimate  of  the  Engines- 


3  , 

o  * 

'8U0IP3R  j 

149182] 

1 

OF  those 
k, — and  t 

.  ,  >-  to  to  to  M* 

j(OAojC)totooiik 
Oi^ONitlO  WOO 
O5  00MNtOC5 

'SpJBjC 
oiqna  *uoij 

•BAB0X3 

XT  >— 

jo  r?  o 

o>  iS 

to  n  — Si- 

•-*  bO  to  M  M 

C  W  to  H  (O  O)  O  i  QC  w 
*sttO'-*OCOiH*OiC3Ci> 
tCNMOCC3NOtOOa 
•ft  tO  to  tO  Oi  O  Nl  Oi  m 

•spjBif  oiq 
-no  ‘juaui 
-5jut?qm:4 

J,  O*  l— 

«  O*  05 

»  v* 

Ep 

Eg. 

“  H-  to  —  H*  to 

tO*SC3  Oi  W  o  O  W 

OOOiOa  Ul  O  O  00  O) 

•paj 

;  ‘suiBjp 

SSO.If) 

o  O  W 

O  -*»  tO 

W* »  N 

M  to  to  M 

tOrfi.^*^M-h-trttO 

MUOAtotOAOOi 

'  *S3dJ) 

Suiqqnjf) 

•  M 

I  « 

”  to 

5'  55 

a  O 

-  GO 

It 

r*  tO 

«  0° 

o  **• 

■ 

03  k-*  to  CXi  4^  03  H- 

00O>*^ltO<J«O3Oii-*tO 
Ol  o.  Oi  05  ^  O  W  (O  o 

*NtO»—  OitOW.—  4^tO 

OOOOWO^WON 

WO4iN^”4'-‘'-03 

tcH 

•piud 

junouiy 

tr 

«  00 

S'  S? 

o  4>t 

3  tO 

O  ~N* 

S>*  *4 

to 

8© 

O  o  ^  u  4^ 

00  O  tO  03  -s 

tO  43.  tO  CO 

to 

Ol  Ol  pi  00 

H*  Ol  4k.  £k  MH 

•paaipp.i 

junoiuy 

j  13975* 

estimated  t! 

^  « — 1 

50  ® 

03  TJ  Ol  M  O 

Cl  fi.  O.  S.  C  Oj  4k  — . 

©COO-ik—  —  4^© 

Cl  *  •  *  J  COO  3 

•SpJBiC 
oiqno  ‘uoij 
•«ABDXg 

J.u  , 

CT 

V 

~  5  s 

«o 

to  o 

to  i 

Eft  — • 

s  02 

_e.O.B.=.  t0*-*-3 
2o  o  o  »  o  ^  05* 

©  »  •  •  sr  s  m  m  n 

o  2  o  o  ©  2; 

*sp.iBtf  oiq 
-no  ‘juaiti 
-?fUBqiug 

L  oe 

S' 

55.  to 

to  *— 

S'  *■* 

3  tO 

ft.  to 

22P  0  2  no  sft  ' 

to  o  2.  c  *-  06  3 

«  «  72.  ?•<  oototoj- 
N  •  •  •  ci  on  to  sr 

*-'■  **  to  to  to  05  ^ 

«  .«>  5"  ^  O,  *.  -mS 
o  c  too 

*auop 
aqoj  5jjom 

JO  1S0D 
pajBmijsg 

(^•)  Statement  of  work  done ,  and  to  be  done,  toivards  grading  the  West  Chester  Tlctib 
Hoad:  with  a  summary  oj  the  whole  expenses  incurred ,  on  the  2d  January 9  1832. 

WORK  DONE.  |  WORK  TO  BE  DONE. 
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Whole  Expenses  incurred. 

Amount  paid  for  road  formation,  drains,  grubbing,  &,c.  825087  98J 


Amount  paid  for  stone  delivered,  viz.  1588  perches,  1193  06 

Amount  paid  for  250  rods  of  fence,  rails,  &c.  337  00 

Amount  paid  for  damages  to  crops,  on  the  route,  50  83* 

Amount  paid  for  salaries  of  Engineers,  &  assistants  1534  29 

Amount  of  incidental  expenses,  734  59l 

Profit  and  loss — counterfeit  note  received  by  com¬ 
missioners,  10  00 


828947  76* 

3497  72* 
210  54 


832,656  03 


C.)  Estimate  of  the  Materials,  and  Expenses,  requisite  to  complete 
the  West  Chester  Rail  Road,  January  2,  1832. 


Broken  stone,  5,949  perches,  (at  different  prices)  85163  68 
Wooden  Sleepers,  12,735  (actual  cost  not  ascertain- 


Pine  Scantling  (rails,)  333,000  at  25  dolls,  per  M. 

delivered, .  8325  00 

Iron,  for  rails,  235  tons-  at  8 53  per  ton,  delivered.  12455  00 

Spikes,  10,000lbs.  at  9  1-10  cts.  per  lb.  delivered*  910  00 

Splicing  Plates,  22501bs.  at  9  els.  per  lb.  202  50 

Plank,  for  Keys.  10,000  ft.  at  20  dolls,  per  M.  20u  00 

Laying  9  miles  of  Rail  Road.  750  dolls,  per  mile.  6750  OC 

Laying  18  Turn-outs,  including  castings.  2250  OG 

Residue  of  Grading,  yet  to  be  done,  5211  92 

Fencing  yet  to  be  done,  .........  3658  75 

Salaries  of  Engineers  and  Agents,  1500  0( 


Expenses  to  be  incurred,  on  the  line  of  road,  850,447  3: 

Add  expenses  already  incurred,  832,656  OC 


Estimated  whole  cost  of  West  Chester  R  ail  Road,  883,103  Sf: 
Add,  for  Car-House,  Toll  House,  Cars,  and  inciden- 

dental  expenses  .  - .  6,896  6i 


Aggregate  amount  of  expenses,  necessary  to  put 

the  Rail  Road  in  operation, .  890,000  Of 


Whole  amount  paid, 

Add,  per  centage  retained  on  the  cost  of  road  for¬ 
mation 

Ditto,  for  broken  stone  delivered, 

Aggregate  expenses, 


(D.)  TREASURER'S  STATEMENT. 

Thomas  Williamson ,  Treasurer  of  the  West  Chester 
Rail  Road  Company ,  in  account  with  said  Company ,  to 
Jan.  2d,  1832,  inclusive ,  r  * 


Dr. 


To  amount  received  upon  the  several  instalments  or¬ 
dered  by  the  Board  of  Directors,  including  the 

5th  instalment  due  the  1st  instant,  .  .  . 

Cash  received  for  Maps, 


833,355  00 


6  00 


Cr.  by  amount  of  payment  in  pursuance  of  orders 
drawn  by  the  Board  of  Directors,  .  .  .  . 


Balance  in  Treasury, 


Amount  of  instalments  ordered  by  the  Board,  and 
due  to  the  above  date  (5th  instalment 
Received  for  Maps  as  above, 


Deduct  cash  received, 
Stockholders  in  arrears, 


ENTLEMEN I 


*Since  the  2d  instant,  there  has  been  re- 

ceived  by  the  Treasurer,  .  .  .  810,740  00 

In  arrears,  January  16 .  5.905  G0 


33,361  GO 

28,947 

76* 

84,413 

23* 

850,000 

00 

6 

00 

50.006 

00 

33,361 

00 

*$16,645 

00 

January  16,  1832. 


816,645  00 


(E.)  LETTER  FROM  MAJOR  WILSON. 

, Philadelphia,  Jan.  11,  1832. 

d  the  President  and  Directors  of  the  ’ 

West  Chester  Rail-road  Company: 


I  he  progress  that  has  been  made  in  grading  the  road,  since  it 
is  placed  under  contract,  and  the  preparatory  measures  which 
\  e  been  taken  by  the  company,  for  procuring  the  whole  of  the 
iterials  necessary  for  completing  the  superstructure  of  a  single 
ick  rail-way,  leaves  no  doubt  that  the  line  from  West  ChesteAo 
in  ersecaon  with  the  State  Rail-Road,  will  be  opened  tor  travel- 
g  during  the  ensuing  summer. 

thpJvn'mf*  enfi"eekr>  :Mr-  Baily.  having  furnished  an  estimate 
hnnrS."  ‘°  be  lncu,Ted  in  the  completion  of  the  work, 

>ierf  h?,t  Taiy  i°l  me  40  an7  refei'cnce  to  that  part  of  the 

narks  nn  'vou  d  respectfu  ly  offer  to  the  company,  a  few  brief 
narks  on  the  reasons  which  mfluenced  the  adoption  of  a  rail-way 

s,  „  'nste?,d  °f stone,  or  other  permanent  material. 

the  r  U1  k  *6  °r  *ir  or  h'oeks  cannot  be  procured  on  any  part 

nnsv  n;  )ep"'|en  West  Caster  and  where  it  unites  with  the 
nnsyivama  Kail -way. 


The  great  expense,  which  must  be  incurred  in  procuring  and 
haulin°-  from  a  distance  such  heavy  materials,  would  not  only 
have  delayed  the  completion  of  the  work,  but  would  have  enhanced 
the  cost  of  its  construction.  The  newness  of  the  embankments, 
and  the  length  of  time  necessary  for  them  to  settle,  is  another  con¬ 
sideration  why  a  preference  has  been  given  to  wood.  , 

On  embankments,  which  have  not  sufficiently  consolidated,  the 
wooden  rail  resting  on  sleepers  of  wood  can  be  much  easier  re¬ 
paired.  On  this  plan,  also,  the  road  can  be  finished  with  less  ex¬ 
pense,  and  at  an  earlier  period  than  with  stone  sills,  or  detached 
blocks,  as  bearings.  This  circumstance  will,  in  some  measure, 
compensate  for  the  loss  that  will  result  from  the  decay  of  the  wood  ; 
and  should  the  company  deem  it  expedient,  at  any  future  period, 
to  lay  a  second  track,  sufficient  experience  will  have  been  acquired 
to  enable  them  to  adopt  that  plan  which  will  be  most  conducive  to 
the  interests  of  the  stockholders. 

I  remain,  gentlemen,  very  respectfully, 

Your  obedient  servant, 

JOHN  WILSON. 


At  the  annual  meeting  of  the  Stockholders  of  the  West  Chester 
Rail-road  company,  held  at  the  house  of  Samson  Babb,  in  the  bo¬ 
rough  of  West  Chester,  on  Monday  the  16th  of  January,  1832. 

Oliver  Alison,  Esq.  was  appointed  Chairman,  and  Mr.  Ed¬ 
ward  F.  Evans,  Secretary.  .  ... 

The  Directors  laid  before  the  meeting  their  report,  (herewith 
published)  of  the  affairs  and  proceedings  of  the  company,  whicl 
was  read  : 

Whereupon,  on  motion  of  PV.  H.  Dillingham ,  Esq.  it  was 
Resolved ,  That  this  meeting  approve  of  the  proceedings  of  thi 
Directors  of  the  West  Chester  Rail-road  Company,  as  exhibited  if 
their  report,  this  day  submitted;  and  that  Jive  hundred  copies  of  sail 
report  be  published  in  pamphlet  form,  for  the  use  ot  the  stock-holders 
It  was  then,  on  motion,  Resolved ,  That  the  Chairman  and  Secre 
tarv  of  this  meeting  act  as  judges  of  the  election  now  to  be  held,  fo 
the  purpose  of  electing  seven  directors  of  the  West  Chester  Rail 
Road  Company,  for  the  ensuing  year.  At  the  close  of  the  polls, 
votes  being  counted  off,  it  appeared  that  the  following  persons  wer 
duly  elected  directors — viz. 


WILLIAM  DARLINGTON, 
JOSEPH  HEMPHILL, 

ELI  HU  CHAUNCEY, 

Z1BA  PYLE, 


JONATHAN  JONES, 
WM.  WILLIAMSON, 
SAMUEL  C.  JEFFERIS 


On  motion,  resolved ,  that  the  proceedings  of  this  meeting,  n 
eluding  the  Report  of  the  Directors,  be  published  in  the  papers  ■ 

the  county.  gigne(Jj  OLIVER  ALISON,  Chairman . 

Attest,  Edward  F.  Evans,  Secretary . 


Printed  by  Uannum  U.  Hemphill. 


